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SUB J : FIRE ALARM INSTALLATION AND ATTIC PLUMBING PROJECT 

REF: (A) FRANKFURT 2685, (B) STATE 079317, (C) STATE 68050, 

(D) LENINGRAD 856, (E) LENINGRAD 773, (F) STATE 086420 

1 . SEABEE REQUIREMENTS FOR FIRE ALARM INSTALLATION ARE 
BASED ON DISCUSSIONS WITH FBO ENGINEER MORRISON (9/77) 

AND SEABEE CEC DICK (2/78). ESTIMATE IS TWO MEN FOR 
SIXTY DAYS FOR COMPLETION OF ENTIRE PROJECT IN ALL AREAS. 

AT TIME OF FBO VISIT, PSO/TSO WAS TOLD THAT FBO WOULD 

BE SUPPLYING HONEYWELL FIRE ALARM SYSTEMS ON A WORLDWIDE 
BASIS, THAT A NSU SEABEE TEAM WOULD BE TRAINED BY 
HONEYWELL, AND THEN INSTALL THESE ALARMS WORLDWIDE. 

2. WE APPRECIATE THAT WHILE SKILLED PERSONNEL MAY NOT BE 
REQUIRED TO INSTALL FIRE ALARM SYSTEM, TRAINED PERSONNEL 
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SHOULD BE USED IF AVAILABLE. WE FURTHER UNDERSTAND FROM 
DISCUSSIONS WITH FBO MORRISON (9/77) THAT COORDINATION OF 
ARRIVAL DATES OF SEABEES AND EQUIPMENT WOULD BE THROUGH 
FBO. REFTEL C INDICATES FBO MAY NO LONGER HAVE THIS 
OBJECTIVE IN SIGHT. HOWEVER, FURTHER COMMUNICATION WITH 
CEC DICK INDICATES THAT HE AND ONE OTHER SEABEE WILL BE 
ASSIGNED TDY TO LENINGRAD MID MAY 1978. CEC DICK HAS 
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BEEN TRAINED BY HONEYWELL, INSTALLED THE FIRE ALARM SYSTEM 
IN MOSCOW, AND IS FAMILIAR WITH LENINGRAD (REFTEL B ). 

3. CONCERNING THE ATTIC PLUMBING PROJECT, ALL WORK WILL 
BE IN RESTRICTED AREAS. WORK ESTIMATES ARE BASED ON THE 
BEST INFORMATION AVAILABLE TO TSO FROM RESIDENT SEABEE 
UT1 LADD. PROJECT WAS INITIATED BY PREVIOUS TSO RUDOLPH, 
ALSO WITH ASSISTANCE OF UT1 LADD. TO DATE NO CHANGES HAVE 
BEEN INCORPORATED. THE ESBE 

ASSIGNED TDY TO LENINGRAD MID MAY 1978. CEC DICK HAS 
BEEN TRAINED BY HONEYWELL, INSTALLED THE FIRE ALARM SYSTEM 
IN MOSCOW, AND IS FAMILIAR WITH LENINGRAD (REFTEL B ). 

3. CONCERNING THE ATTIC PLUMBING PROJECT, ALL WORK WILL 
BE IN RESTRICTED AREAS. WORK ESTIMATES ARE BASED ON THE 
BEST INFORMATION AVAILABLE TO TSO FROM RESIDENT SEABEE 
UT1 LADD. PROJECT WAS INITIATED BY PREVIOUS TSO RUDOLPH. 
ALSO WITH ASSISTANCE OF UT1 LADD. TO DATE NO CHANGES HAVE 
BEEN INCORPORATED. THE ESTIMATE OF TWO UT SEABEES FOR 
SIXTY DAYS IS STILL VALID FOR THIS PROJECT AS WELL. 

PSO HAS BEEN INFORMED THAT THIS MATTER WAS DISCUSSED 
BETWEEN PSO RUDOLPH AND OIC/RTC PELCZYNSKI 
AND AT THAT TIME IT WAS DECIDED THAT NSU SEABEES WOULD BE 
UTILIZED DUE TO THE LENGTH OF TIME REQUIREDFOR THE 
PROJECT AND CONSIDERATION THAT ONCE STARTED, IT MUST BE 
CARRIED IMMEDIATELY TO COMPLETION. 
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4. IN BOTH CASES, THE RESIDENT SEABEE HAS NOT REPEAT 
NOT BEEN INCLUDED AS A MEMBER OF THE TEAMS REQUESTED. 
WHILE HE CERTAINLY WILL BE AVAILABLE TO ASSIST. IT IS 
REQUESTED THAT HE NOT BE SPECIFICALLY TASKED AS THIS 
WOULD PRECLUDE POST ASSIGNED MAINTENANCE DUTIES. 
RUECKERT 
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